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Los INTRODUCTION 


A. PURPOSE 

This thesis provides an analysis of alpha contractang 
as an enabler to innovate the Department of Defense (DoD) 
service contracting process. A detailed discussion of the 
unique features of the DoD service contracting process is 
presented. The possibilities of innovation are explored, 
Seecttically, through “application of alpha contracting 


techniques. 


Br BACKGROUND 

Reform has swept across most aspects of the acquisi- 
tion process and has affected nearly every one of the 
players involved in the acquisition workforce. Mandated by 
the Federal Acquisition Streamlining Act (FASA), the focus 
in acquisition reformébis not -only to obtain a better 
product for the DoD, but also to improve the process of 
acquiring defense systems and services. 

A key reform initiative looks to streamline the 
contracting process. The Federal Acquisition Regulation 
(FAR) discusses exercising initiative when streamlining a 
process in its Statement Of Guiding Principles "for “tire 


Federal Acquisition System. The FAR states: 


Government members of the Acquisition Team may 
assume if a specific strategy, practice, policy 
or procedure is in the best interests of the 
Government and is not addressed in the FAR, nor 
prohibited by law (statute or case law), Execu- 
tive order Or other regulation, that the 
strategy, practice, policy or procedure is a 
permissible exercise of authority [Ref. 19] 


One enabler of aegquilsi tem retoum and Streamlining in 
Government ~ contracting is alpha <eentraekmer Alpha 
contracting is a method of procurement that uses the 
teaming concept between an industrial partner and the 
Government” to develop “proposals, “contracts and products. 
Encouraging early reports of cost savings, quality improve- 
ments and dramatic cycle-time reductions suggest that alpha 
contracting offers excellent potential to innovate a wide 
variety of defense contracting processes. This study 
concentrates in particular on the key area of innovating 
the service contracting process. Innovation implies a 
radical change to a process versuS an adjustment or 
improvement to the process in place. 

Service contracting has unique characteristics com- 
pared to other contracting processes. For example eine 
traditional supply contract the buyer has the ability to 
use military specifications or engineering designs to 
express the desired purchase. Service contracts, on the 
other hand, are more difficult to express exactly the 
quantity and quality of the duties desired by the potential 
coniBr actor The unique characteristics found in service 
eontraetingzoffer, potential for tbe service jeont rails 
process to benefit from the application of alpha contract- 


ing techniques. 


e: RESEARCH QUESTIONS 

1. Primary Research Question 

How can alpha contracting be employed to innovate the 
DoD service contracting process? 

2. Secondary Research Questions 


i What is the DoD traditional sole-source contract- 
ing process? 


2% What is the alpha contracting process? 


3: What are the relative benefits and disadvantages 
currently attributed to the alpha contracting 
process? 


4. What is unique about the DoD service contracting 
process compared to other contracting areas? 


2 What are the potential enablers and inhibitors to 
applying alpha Contracting. to innovate the 
service contracting process? 


Br How can the potential inhibitors to applying 
alpha contracting to innovate the service con- 
tracting process be addressed or overcome? 


u What aspects of a- program, contract, contractor 

and contracting environment are expected to con- 
tribute to alpha contracting success or failure 
in innovation of the service contract process? 


De SCOPE 

The audience for this thesis includes DoD policy 
makers, program managers and contracting officers. This 
thesis addresses service contracting problems from a 
process innovation perspective. It describes the relative 
benefits and disadvantages currently attributed to the 
alpha contracting process in Dep sole-source contracts and 
describes the traditional DoD sole-source contracting 
process, paying particular attention to any uniqueness of 
service contracting. The main emphasis of this thesis is 
an analysis of service contracting for process innovation 
and further to describe enablers and inhibitors of innovat- 
ing the DoD service contracting process through alpha 


eontraeting. 


E. METHODOLOGY 

A process-innovation framework is used for analysis of 
the relative similarities, differences, pathologies and 
innovation opportunities of traditional sole-source and 
alpha contacting processes. Data were collected through 
two primary methods, literature review and interviews. An 
extensive review of literature was conducted on the topics 
of alpha contracting, process innovation, and DoD service 
cone ie amevee Literature was obtained from the Dudley Knox 
Library, the Defense Logistics Studies Information Exchange 
(DLSIE) and the World Wide Web. This, included. curren: 
publications, periodicals, articles, case studies, Federal 
regulations and previous theses. 

Interviews were conducted with persons familiar with 
both alpha contracting and the DoD service contracting 
process. These interviews were conducted to gather 
informa-tion on the benefits currently ascribed to the 
alpha contracting process. Interviews were also conducted 
to gather data from Government contracting officers Ton 
their personal views of uniqueness or problems they have 
encoun-tered in the service contracting process compared to 
other contracting areas. Finally, interviews were 
conducted to gain a better understanding, at a policy 
level, Of possible alpha Contracting. applications to 


innovate the service contracting process. 


Fis ORGANIZATION 

Chapter II follows this introduction and reviews both 
the traditional DoD sole-source and alpha contracting 
processes and summarizes Davenport’s approach to process 


INNOVat Lone 


TInsCchapter 17T ,ztche DeD service contracting process is 
examined for any unique characteristics from other con- 
tracting areas. Data gathered from literary research and 
interview are consolidated in a comparative process 
analysis of the service contracting process. The compara- 
tive process analysis is conducted via Davenport’s High 
Level Approach to Process Innovation. Possible enablers 
for innovation of the DoD service contracting process are 
discussed. Analysis of the service contracting process is 
conducted and redesign of the process is presented, inclu- 
sive of alpha contracting concepts, as a prototype model. 

Chapter IV illustrates the positive implications and 
potential nme Lore neacapplreation or aipha contract- 
ing to innovate the service contracting process. Possible 
ways to overcome the potential inhibitors are also 
discussed. The chapter addresses aspects of the contract- 
ing environment that the contracting officer, program 
manager or policy maker should expect to contribute to the 
success or failure in applying alpha contracting to the 
service contracting process. 

Chapter V summarizes key conclusions and presents 


Recommendations for further research: 


G. BENEFITS OF STUDY 

This thesis provides a clear and concise depiction of 
the potential enablers and inhibitors to applying alpha 
contracting techniques to innovate the service contracting 
process. This thesis can be used by contracting officers, 
program managers and policy makers to determine if the 
circumstances surrounding a particular acquisition scenario 
are conducive to applying alpha Contracting to their speci- 


fic acquisition process. 





II. BACKGOUND 


A. INTRODUCTION 

The DoD spent over $272 billion on supplies, services, 
personnel and construction during fiscal year 1997 alone. 
To place this figure in perspective, the 1997 Defense 
spending is approximately 3.4 percent of the entire 1997 
United States Gross Domestic Product (GDP)[Ref. 8]. The 
Congressional Budget Office projects that Defense spending 
feel amount to $269 billion in fiscal year 1998 [Ref. 8]. 
These billions of dollars spent each year by DoD within 
private industry are outlayed via a contracting process 
guided by the FAR. The FAR gives both Government and 
industry acquisition professionals structure to contract 
for supplies and services alike. 

This chapter presents an overview of the traditional 
DoD sole-source contracting process. A similar overview of 
the alpha contracting process is then presented for 
comparison. A high-level summary of benefits generally 
eissOCclawed ~Wamwile coOnLracting is also included, along with 


Davenport’s framework for process innovation. 


B. TRADITIONAL SOLE-SOURCE CONTRACTING PROCESS 

Competition in contracting is fundamental to the 
Government both paying a fair price and receiving the best 
value for the product or service purchased. Any type of 
noncompetitive Government contracting process is a depar- 
ture from Federal law. On April 1, 1985 the Competition In 
Contracting Act (CICA) mandated the use of full and open 


competition tor he contracting process [Ref. 49]. This 


Specific authority “is found. im 10 United States ces 
(one 

There are “seme situations im which PPO Coho Saa 
product or service, directly from .a single Sources a 
necessary. According to the FAR there are seven circum- 
stances that permit the use of other than full and open 
COMpeerelom Retr. 19:subpart 62502) 


je Only one responsible source and no other supplies 
or services will satisfy agency requirements. 


Ze Unusual or compelling urgency: 


os Industrial mobilization; engineering, developmen- 
tal or research capability; or expert services. 


4, International agreement. 

I Authorized or required by statute. 
6: National security. 

ie Public interest. 


If the contracting officer believes a particular 
procurement falls within one of the seven circumstances, he 
can not begin negotiations with the contractor until three 
actions are taken. The contracting officer must justify in 
writing the use of sole-source, certify the accuracy and 
completeness of the justification and obtain the required 
approveal. [Ref. 19:subpart 6.303]. 

Approval authority for sole-source depends on the 
proposed monetary amount of the contract. If the proposed 
contract does not exceed $500,000 the. contracting sorficer 
may certify approval. Bor  -amolaes 769e.225500,. 000 DU ROE 
exceeding $10,000,000, the competition advocate for the 
PEOCULING activity "musico e Proposed contracts over 


$10,000,000 but not over $50,000 000 must be cerrada by 
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the head of the procuring activity or a designated flag 
level (GS16 equivalent) officer. Ifthe contract des 
proposed at over $50,000,000 only the senior procurement 
executive of the agency may certify [Ref. 19:subpart 
Cuad 

Sole-source procurement, while not the preferred 
method for U.S. Government contracting, is a large part of 
the Federal acquisition process today. ISO a 
statistical study performed by the Federal Procurement Data 
Smet indicated. that, 32.9 percents of DoD procurement 
dollars were awarded on a noncompetitive basis [Ref. 49]. 
This thesis refers to this noncompetitive process as the 
“traditional sole-source contracting process”. A general 
example of the traditional sole-source process is depicted 


wee cele be, 


Government Joint Contractor 
Prep SOW | 


-> Draft RFP 
ict Approve RFP 


x: 

Bin Synopsize Express interest 

Q 20! 

u i f i 

3 3: | Mail RFP <—————_—___________-s evaluate RFP/SOW 

= | | Submit eee 
SR questions Develop proposal <; 
¡<---Evaluate proposals A whl | 
A | 





Negotiation targets 





Award Budgeting 


Figure 1. Traditional Sole-Source Contracting Flow 
[Ref. 40] 


Once sole-source procurement is justified (by one of 
the seven criteria mentioned above) and approved, the 
traditional process works much like any other negotiated 
contract except that the process involves only a single 
offeror. The end user, with assistance from the program 
office, prepares a Statement of Work (SOW) and Purchase 
Request (PR) and forwards it to the procurement office. 
The information forwarded from the program office includes 
any specifications needed and data required for the user. 

At the procurement office the contracting officer 
reviews the requirements. The PR is usually delegated to 
contract specialists and purchasing agents who translate 
the requirements into a draft Request for Proposal (RFP). 
After integrating the complete proposal, the contracting 
officer reviews it, approves the RFP and forwards it to the 
GomeEractOme 

Once the contractor receives the RFP, the proposal 
preparation process is started. The proposal is divided 
among the contractors’ functional areas for evaluation. 
After thorough assessment, the contractor consolidates 
questions on the RFP and submits them back to the Govern- 
ment. After staffing the questions asked, answers from the 
program and@yecentracting “offices aren Senta Aek to the 
eomeractor. Finally, a proposal is developed by the 
contractor and forwarded to the Government. 

The proposal, once in the Government’s possession, is 
disseminated among the staff for technical, cost and price 
evaluation. Government representatives choose between 
sending the contract to the Defense Contract Audit Agency 
(DCAA) for cost and pricing Evaluation, 1f necessary, or 


evaluating the proposal within the contracting office. 
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Afesr initial evaluation, a fact-finding meeting takes 
place between the Government and contractor for discussions 
and clarifications on the contract This is the first face 
to face meeting conducted in the process. After the fact- 
finding meeting the contractor agent’s regroup to produce 
target figures and prepare negotiation tactics. The 
Government contracting officer develops objectives, posi- 
tions, strategy and tactics while preparing his team for 
negotiations. The negotiation meeting or meetings are then 
scheduled. 

Tweaking of the formal documents (e.g., SOW, RFP) and 
additional memorandum questions further lengthen this 
process. The formal documents may go through numerous 
iterations of pen changes before both sides agree with 
their contents. This process within a process shown in 
Figure 1 as the feedback loops exacerbates the “over the 
fence” effects. 

At the negotiation meetings, the Government contract- 
ing officer's team arrives with minimum and maximum 
allowable levels prepared in the pre-Negotiations Business 
Clearance Memorandum. The contractor agents typically 
receive similar approval from corporate executives. This 
is a team against team process with both teams working 
towards their targets. Information is only shared between 
teams if it is part of the negotiation process [Ref. 16]. 
To share information may lead to the opposing team moving 


the final objective of the handshake towards their target 


goal. 

If all goes well through negotiations, the Government 
awards the contract. The contractor separately produces 
internal budgets. This process of sending information back 
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ard forth “over the fence” can be arduous and lengthy. 
Much of the work performed by both parties is completed 
independently. Additionally, representatives for the meet- 
ings may not always be the same. The longer this process 
takes the higher the risk of proposal changes, such as 
shifts in market price of direct materials or direct labor 
needed for the contract. This lengthy process can lead to 
strains on both the Government and contractor relation- 


ships. 


cz ALPHA CONTRACTING PROCESS 

Sole-source acquisition, though aora Tercera 
means of procurement, is still a necessary and very 
important aspect of contracting. When the Government needs 
a new piece of technology and only one company owns the 
technology, for example, sole-source represents the only 
viable approach. With continued consolidation of defense 
firms, the need for sole-source procurement becomes 
increasingly likely. Yet we strive to streamline this 
costly and time consuming traditional sole-source contract- 
ing process from above. Alpha contracting represents an 
innovative approach to streamlining the sole-source con- 
tracting process: 

Alpha contracting is actually a part of the Integrated 
Process and Product Development (IPPD) process [Ref. 34]. 
An attempt is made to bring down barriers between Govern- 


ment and industry through a partnering or teaming environ- 


ment. This partnering takes place through use of 
Integrated Product Teams (IPTs). Alpha contracting is a 
term used by the Marine Corps, Navy and Army. The Air 


Force uses the term Review-Discuss-Concur (RDC) for the 
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same conceptual process. In alpha contracting, representa- 
tives from both the Government and contractor form an IPT 
EO JOIncly perrorm ene Contracting process. TIPTEN TS ero 
a large procurement, representatives from DCAA, Defense 
Contract Management Command (DCMC), the Government program 
office and the contracting officer. combine with -whe 
contractor repeesentatives to form the IPD [Ref. 23]. The 
Government program office also advocates the end user 
requirements. This streamlined alpha contracting process is 


depicted in Figure 2. 


Government Joint Contractor 
| | Prep SOW 
| 


Y 


ana ns aaa aaa ms o ae 


Ko Approve RFP Approve RFP--> 


Synopsize Express interest: 


(Feedback 
loops) 





Business Feng Negotiation targets 


| Award ! Budgeting 





Figure 2. Alpha Contracting Process Flow [Ref. 40] 


The alpha contracting process begins with an initial 
meeting scheduled with all IPT members to jointly prepare 
the SOW, specifications, Contract Data Requirements List 


(CDRL) and draft RFP. Once the draft SOW and RFP are 
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produced, the program office approves or seeks approval of 
the RFP via appropriate DoD channels [Ref. 11]. Concur- 
rently the contractor executives review and provide feed- 
back to the contractor team members [Ref. 34]. 

At the next set of meetings, the IPT jointly develops 
the proposal. Proposal information goes back with team 
members to Government and contractor offices. The Govern- 
ment personnel in the IPT are granted a pre-negotiation 
business clearance memorandum while the contractor person- 
nel in the IPT are given feedback for negotiation targets 
from senior executives [Ref. 39]. The goal here is for 
both parties to be thoroughly familiar with all contract 
requirements, noting the build-up of costs, and to have the 
ability to voice any concerns early in the process [Ref. 
Al |e If these early concerns are handled with full trust 
and honesty, the alpha contracting process should signifi- 
cantly streamline the proposal and award processes. The 
IPT environment eliminates costly and time consuming delays 
associated with the traditional “over the fence” approach. 

The third set of meetings constitutes the actual 
contracte mnegotlation process. The same IPT that has 
developed the RFP and proposal now negotiates any remaining 
differences into the final contract. The outcome of 
negotiations is contract award. This Process Mis highly 
streamlined with the key vehicle being a joint effort to 
produce the contract. Knowledgeable individuals work to- 
gether on problem solving and answers instead of transfer- 


ring memos and formal documents from one office to another. 
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DA Implementing the Alpha Contracting Process 

Figure 2 also illustrates that most of the document 
forming work is under the “joint” category depicted in the 
center column. The IPT will not proceed to the next phase 
of contracting until the team members agree on the final 
document for that phase. The team, and the documents they 
produce, builds upon each other. 

Management commitment is needed to make the alpha 
cont raethungeprocess trudeye works A paradigm “shift mem 
traditional sole-source procurement must take place in both 
organizations. Both the Government and contractor must 
think of teamwork and joint development instead of “arms 
length contracting” and formal documentation. 

Another part of the paradigm shift is a breakdown in 
the traditional negotiation process. No longer are we 
“coming to the table” with an “I win, you lose” negotiation 
tactic as was thought by some as the standard in the past. 
The negotiation tactic taken in alpha contracting is even 
more amicable than the collaborative negotiation relation- 
ship discussed in Dobler and Burt [Ref. 16], where teams 
focus on “basic interests, mutual satisfying options, and 
fair standards”. Rather, alpha contracting negotiations 
Secur continuously through rie Te procesam 

According to Dobler and Burt, “probably 90 percent or 
more of the time involved in a successful negotiation is 
invested in preparing for the actual face to face 
discussions” [Ref. 16]. Conceptually, this time previously 
spent in preparation can be completed jointly. Dis «can 
increase understanding and trust among team members and 
ultimately reduce Procurement Administration Lead Time 


(PALT). The philosophy of negotiations in the alpha process 
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is no longer adversamialm@butwrathemmonemomc@epecation. If 
information is shared instead of kept secret in negotia- 
tions, the -probability of sproducing ma higher mela lityesend 
user product is high. 

Fors suchi negotiations Eo ber SuGceess tule Teale 
contractingsshowever saerustgmustgexisigbetweenzbethuparen 
[Ref. 32]. Each organization needs to be honest about the 
goals they present and their true desire of contract end 
state. They must be willing to communicate their goals and 
interests to the ~other partner in the alpha contracting 
process in order to attain their goals. 

The most important factor for successful alpha con- 
tracting appears to be the need for the process itself to 
be championed by upper management within Government and 
industry. Upper management needs to look at the process as 
a different way to conduct business. Additionally, upper 
management needs to assign the right decision-makers with 
the right personalities to the team for both parties. E 
the Government and the contractor do not empower their team 
members to make important decisions, this process could 
foster greater mistrust among the parties and even prolong 
the contracting process. 

2% Alpha Contracting Benefits 

There are multiple benefits attainable by using the 
alpha contracting approach to innovate the contracting 
process. The most obvious benefit is reducing cycle time 
¡sac WRAL TT) x Multiple examples of contract timesaving 
have been seen in both the Army and Navy. The Army’s Tank- 
Automotive Command (TACOM) reduced cycle times for an 
Improved Recovery Vehicle (IRV) purchase from twenty-two to 
four months with alpha contracting. TACOM has also yeediieed 
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contracts usually taking five to seven months to under one 
month for their Responsive Urgent Services Handling project 
[Ref. 36]. 

The time saving aspect of alpha contracting can also 
be viewed as a risk management technique. Less time spent 
fieonmomaiginal SOWekto seentmactomm=pmepesads equates towwless 
change Mn*matesial andweeelabor osts toeethese=contractom 
Fewer changes in costs mean less variance in pricing and 
less ese wisk weorethe comtractom Fewer days in the 
negotiation cycle also equates to less change in tech- 
nology According to Kerzner, changes in technology over 
time are some of the greatest risks in today’s projects 
[Ref. 29]. 

In addition to timesaving, alpha contracting may 
reduce conflict between the Government and contractor 
through understanding each other’s needs and desired goals. 
Fewer surprises are involved since the IPT develops the SOW 
MA o a In the end, “the Government and contrac- 
tor have consistent expectations and have an achievable, 
executable program requiring fewer post award modifica- 
ions“ [Ref 34]. 

Another benefit to the alpha process is that it 
effects many of the reform initiatives mandated by Defense 
Acquisition Workforce Improvement Act (DAWIA). Teaming 
Pieielnaustry is the most Obvious initiative utilized. 
tedücing cycle time by tailoring the old acquisition 
process also enforces the reform initiative. By Involving 
the user throughout this process, the focus remains on the 
customer, which in turn supports the initiative of managing 
contracts for end results. The alpha contracting process 
truly is a model for acquisition reform. 
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3. Alpha Contracting Disadvantages 

There are also some disadvantages to the alpha 
process. First, a halfhearted commitment by either 
organization can induce failure. In some Government or 
industrial offices, resistance to process change may be 
evident. Whenever a complete change in thought process is 
involved, some individuals and organizations will choose to 
resist the change. 

Second, the process, though shorter, is labor and 
schedule intensive early in the acquisition process. Since 
the process focus is on IPTs, the team itself can be a 
disadvantage. If team members are not trained, empowered 
to make decisions or unavailable for scheduled meetings 
there can be a breakdown in the process [Ref. 32]. 

hace, without trust between both parties and 
especially between IPT members, alpha contracting will not 
be successful. Lt Col Tom DeMars, from the program office 
of the Predator Unmanned Aerial Vehicles (UAV), states: 


This improvement [Alpha Acquisition Process] has 
been implemented in all major acquisitions for 


the Predator MAE UAV program... This process will 
not work when there is an adversarial relation- 
ship between Government and contractor. [Ref. 
15] 

4. Summary 


Alpha contracting provides a streamlined contracting 
process born out of acquisition reform. This process 
maintains a proven track record in the sole-source 
acquisition arena. Benefits from alpha contracting include 
reduced PALT and improved Government and industry rela- 


Dion 


ES 


The success in streamlining this process has been 
determined by a focus on joint, development of contracting 
documents and sharing and digesting information as one 
joint Integrated Product Team. This success comes at a 
cost, however. Early commitments of manpower, training of 
personnel and team member empowerment are necessary 
elements of the acquisition strategy for success of alpha 
contracting techniques. 

Conti rectmeg for the™@equisitvem of goods or services, 
including an alpha acquisition, constitutes a „business 
process, which is ripe for innovation. Like any other 
business process, a sound innovation methodology must be 
employed for analysis. Process innovation demonstrates one 
Metnegomegy ror omalis sOi alpha contracting or any other 


business process. 


D. PROCESS INNOVATION 

Many process improvement initiatives can be found in 
the business literature today, each with its own framework 
and methodology for change. Examples of these initiatives 
include business process reengineering, process innovation, 
business process redesign, and business process improve- 
ment. According to Bitzner [Ref. 4], these initiatives 
“..share a common goal: the desire for dramatic improvements 
in business productivity and customer service”. While 
there are many initiatives available, the framework and 
methodology used in this thesis for process analysis is 
Davenport’s model of Process Innovation [Ref. 12]. 

Davenport’s model is selected as a framework due to 
its process focus for order-of-magnitude improvement. 
Application of alpha contracting techniques to the service 


contracting process implies much more than simple process 
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improvement but rather, innovation or dramatic improvement 
to the process. This point will be made clear in the 
comparison and contrast of process innovation versus 
improvement. 

I: Innovation Versus Improvement 

Webster’s New Worla Dictionary defines a process as a 
“series of actions or operations directed toward a parti- 
cular result.” Webster’s further defines innovation as 
“the introduction of something new” or “a new idea, method 
or devise.” Davenport describes process innovation as 
combat a: 

wa structure for doing work with an orientation 

to visible and dramatic results .. stepping back 

from a process to inquire into its overall 

business objective, and then effecting creative 

and radical change to realize order-of-magnitude 


improvements in the way that objective is 
accomplished. [Ref. 12] 


The key is analysis of the entire process and if 
necessary implementing a radical change to greatly improve 
the process. Innovative practices are advocated in the DoD 
5000.1 which encourages program managers to “continually 
search for innovative practices that reduce cycle time, 
reduce cost, and encourage teamwork” [Ref. 52]. 

The goal of process innovation, therefore, is to focus 
on a key business process in order to achieve “major reduc- 
tions in process cost or time, or major improvements in 
quality, flexibility, service levels, or other business 
objectives.” [Ref. 12] This mind set is much different 
than process improvement. Process improvement takes the 
approach of tweaking the existing process while process 


innovation analyzes the best means of accomplishing the 
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desired outcome of the process. Davenport explains the 


difference between improvement and innovation: 


If process innovation means performing work 
activity in a radically new way, process improve- 
ment involves performing the same business 
process with slightly increased efficiency or 
effectiveness. [Ref 12] 


Clear examples of the difference between process 


innovation and process improvement can be seen in Figure 3. 


Improvement Innovation 
Level of Change Incremental Radical 


Starting Point Existing Process Clean Slate 
Frequency of Change Continuous One-Time 
Time Required Shore Long 


Part Feipatıon Bottom-Up Top-Down 


Typical Scope Narrow, Within Broad, Cross 
| Pünctron EE tuo 


Risk Moderate High 


Primary Enabler Statistical Information Tech 
Control 


Type of Change enlturall Cultural/Structural 





Figure 3. Process Improvement verses Process Innova- 
tion [Ref. 12] 
2. Davenport’s Methodology 
Davenport’s methodology for process innovation is 
described through a five-step process: 1) Identify Process 
for Innovation, 2) Identify Change Levers, 3) Develop 


Process Visions, 4) Understand Existing Processes, and 5) 


Za 


Design and Prototype the NewsBrocess leí. IL Scan. se 
is discussed am turn. 

Figure 4 presents a summary of Davenport’s High Level 
Approach to Process Innovation. Notice each high-level 
step includes a sequence of more detailed activities. This 
analytical structure and step by step methodology represent 
strengths of the process innovation approach. This thesis 
has its focus on the steps in Phases IV and V of the 
framework, as acquisition reform wand sal ona ws eenrract mime 


provide much of the process vision acquired from Phase III. 


PHASE I: IDENTIFY PROCESS FOR INNOVATION 


Step 1: Enumerate Major Processes 

Step 2: Determine Process Boundaries 

Step 3: Assess Strategic Relevance of Each Process 
Step 4: Render High-Level Judgements of the “Health” 


of Each Process 


DES I: Qualify the`CuüuIrlturekand Politics» of Each 
Process 


PHASE II: IDENTIFY CHANGE LEVERS 


Step 1: Identify Potential Technological and Human 
Opportunities for Process Change 


Step 2: Identify Potentially Constraining 
Technological and Human Factors 


Step 3: Research Opportunities in Terms of 
Application £O Speciile eroecesses 


Step 4: Determine Which Constraints will be Accepted 


Figure 4. Davenport’s High Level Approach to Process 
Innovation [Ref. 12] 
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PHASE III: 


Step 1: 


Step 2: 


Steps: 


Step 4: 


Step 5: 


PHASE IV: 
Step 1: 


Seep: 


SECD oF 


Step 4: 


Sep J: 


Step 6: 


DEVELOP PROCESS VISIONS 


Assess Existing Business Strategy for 
Process Directions 


Consult with Process Customers for Perform- 
ance Objectives 


Benchmark for Process Performance Targets 
and Examples of Innovation 


Formulate Process Performance Objectives 


Develop Specific Process Attributes 


UNDERSTAND EXISTING PROCESSES 
Describe the Current Process Flow 


Measure the Process in Terms of the New 
Process Objectives 


Assess the Process in Terms of New Process 
Attributes 


Identify Problems with or Shortcomings of 
the Process 


Identify Short-Term Improvements in the 
Process 


Assess Current Information Technology and 


Organization 


Figure 4 (Continued) 
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PHASE V: DESIGN AND PROTOTYPE THE NEW PROCESS 
Step 1: Brainstorm Design Alternatives 
Step 2: Assess Feasibility, Risk, and Benefit of 


Design Alternatives and Select the Preferred 
Process Design 


SECO: Prototype the New Process Design 

Step 4: Develop a Migration Strategy 

Step 5: Implement New Organizational Structures and 
systems 


Figure 4 (Continued) 


a. Phase I: Identify Processes for Innovation 

Before innovation of a process can begin, an 
organization must first understand the processes already in 
place, the purpose of these processes and the health of the 
current processes. A healthy process translates into a 
process with well-defined process boundaries, jobs and 
ownership of the entire process [Ref. 12]. An ineffica- 
cious process, on the other hand, “crosses many functions 
and involves many narrowly defined jobs or has no clear 
owner or customer” [Ref. 12]. 

After understanding the processes in place, an 
organization decides which processes are right for innova- 
tion and how best to prioritize its innovation efforts. 


Davenport describes: 


The primary goal of process qualification is Tto 
gauge the culture and political climate of a 
target process.. (and)..to select only processes 
that have a committed sponsor and exhibit a 
pressing business need for improvement [Ref. 12]. 
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Priorroerzation 105 based on the merits or 
strategic relevance, process health and level of sponsor- 
Sto: The higbest organizational priority for innovation 
is an unhealthy or currently problematic process, politi- 


cally sponsored and tied to the organization’s long-term 


strategy. The processes with lower priorities will be 
innovated when organization resources allow. [Ref. 4] 
D. Phase II: Identify Change Levers 


Brablerse suek*" a5w | nfernatffsn®#tzechnology, "organ® 
izational design and human resources must be identified as 
Catalysts for process” innovation. In phase two, an 
organization identifies possible enablers by taking into 
considemation “both what is possible and) the constraints 
imposed by current technology and (the) organization” [Ref. 
12]. The change enablers must be analyzed by the organiza- 
tion to ensure full advantage is taken of them. They must 
ensure they have the capability to use the enablers (i.e., 
physically within the organization) or the assets in place 
tof obtain them. Once the human or technological enablers 
are identified as available for use, the organization will 
research how each enabler may best benefit or hinder the 
process. Finally, the organization will determine if the 
constraints involved with using various enablers are 
acceptable. 

Se Phase III: Develop Process Vision 

In phase three the organization gains a visionary 
understanding of what the process should ultimately accom- 
olish- for the omganization. I is important fw the 
organization EO include the existing organizational 
strategy as a Dasis for the innovation efforts. Davenport 


explains that process innovation is: 
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Impossible--or at least only accidental--unless 
the lens of process analysis is focused on a 
Particular strategic part of the business, with 
particular strategic objectives in mind  [Ref. 
ili alae 
The customers for whom the process is directed 
should also be queried for correct vision direction and to 
understand their viewpoint on the process. The organiza- 
tion should also benchmark and research other organizations 
that may have similar processes for examples of innovation. 
After understanding organizational strategy and 
process direction, the organization’s process objectives 
are identified. 
Process objectives include the overall process 
goal, specific type of improvement desired, and 
numeric target for the innovation, as well as the 
time frame in which the objectives are to be 
accomplished [Ref. 12]. 
This allows a framework in which the organizational 
innovators operate. Specific attributes of the process 
under scrutiny are then refined to depict how these 
objectives will be accomplished. 
er Phase IV: Understanding Existing Processes 
During phase four, the existing process flow is 
documented. This phase is key since the existing process 
will become the baseline for innovation. If the organiza- 
tion lacks understanding and poorly documents its baseline 
process, the reengineering effort will not have a stable 
woke iO fin from which tor preotorypessmene new process. 
Davenport describes four reasons, InN particular; TO 
document the existing process prior to proceeding with 


innowaeıon,[BRer. 12% 
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i Understanding existing process facilitates com- 
munication among participants in the innovation 
initiative. 


Zig In most complex organizations there is no way to 
migrate to a new process without understanding 
wee Curent one. 


>= Recognizing problems in an existing process can 
help ensure that they are not repeated in the new 
process. 

4. An understanding of the current process provides 
a measure of the value of the proposed innova- 
CrON: 


The process flow is documented in terms of the 
new process objectives and attributes developed in phase 
three. Common methods of documenting a business process 
include process diagrams, such as flow charts, or cost 
Build charts: Flow-charting exhibits a simple means of 
communicating the process flow to portray a clear under- 
standing by all lines and levels of management. Cost build 
up charts, on the other hand, may better disclose process 
bottlenecks and areas of slowing cycle time. [Ref. 12] 

Shortcomings OL the existing process are 
identified when documented as well as short-term process 
improvements available to address the inefficiencies. “The 
analysis of the present process includes an evaluation of 
the process’ supporting information infrastructure and 
organizational knowledge, skills and employee base” [Ref. 
4]. 


e. Phase V: Design and Prototype the New 
Process 


In the final phase, the group responsible for 


process change analyzes information gathered in the first 
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four phases, generates ideas for the new process and 
actually designs new process concepts. The new designs 
must be compared and contrasted for opportunities, con- 
straints- -and Dest TL Loco E neo gan Zar Loa SES oa 
Assessment of design alternatives should include organiza- 
tional benefit, risk and feasibility. The assessment of 
process design alternatives are “compared in terms of 
structure, technology, and organization to fully understand 
the implications of each alternative” [Ref. 12]. After a 
comprehensive assessment, the new process design is proto- 
typed and a migration strategy from current to innovative 
process is developed. Finally, the newly innovative 
process is implemented into the organizational structure 


and systems. 


E. SUMMARY 

The DoD spends billions of dollars a year acquiring 
goods, services, personnel and construction. The tradi- 
tional contracting process used by the DoD to acquire these 
items from a sole-source is expensive in the sense of both 
time and money. Barriers such as an “over the fence” 
documentation procession and secrecy in Government against 
industry information increase the overall acquisition cycle 
time. 

Alpha contracting portrays a radically different 
process approach to acquiring a product. Not only does the 
process flow chart dramatically differ from the traditional 
method but also the leaders involved in the process take a 
completely different leadership approach to make this 
process successful. For example, the idea of maintaining 
secrecy of a position in the traditional process changes to 


one of shared information in the alpha process. The shared 
28 


incor rmacion dig- sted in a joint IPT lead to reduced time in 
producing contract documents and an increase the Government 
and industry partnership relations. Alpha contia ing, 
though a relatively new concept, maintains a proven track 
record of benefits in the sole-source environment. 

All DoD acquisition activities constitute a business 
process. Process innovation implies a radical change in 
such a process for the better. One method of business 
process innovation is Davenport's High Level Approach to 
Process Innovation. Davenport’s model as a framework and 
methodology is of particular interest to this thesis. His 
model focuses, step by step, on the current process in 
place, what that process attempts to produce and how using 
this information will create a better process prototype. 
These model aspects provide a solid baseline for analysis 
Seo byIng dl pha COMebacuang techniques to innovate the 
service contracting process. 

This thesis next focuses on contracting for services, 
especially exploring any unique aspects of that process. 
Comparative process analysis is used to document the 
current service contracting process in an attempt to better 
understand possible approaches to innovate the service 


Contracting process. 
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III. DEPARTMENT OF DEFENSE SERVICE CONTRACTING PROCESS 


A. METHODOLOGY 

This chapter presents the methodology used to analyze 
and redesign the DoD process of contracting for services 
along with presenting the associated research data. Data 
for this thesis were collected in three phases. The’ first 
phase consists of a review of literature and Government 
publications to gather background on the DoD process of 
acquisition of services by contract. A specific area of 
review includes the unique aspects of acquiring services by 
contract vice contracting for supplies or hardware. 

The second phase of data collection included deter- 
pin nee mo contracting. personnel. tojylinmterviey. 
Careful consideration was given in order to obtain opinions 
from a spectrum of sources with service contracting 
experience. Determination includes DoD service branch, 
contracting organization type and dollar amount of con- 
aces: 

The third and last phase of data collection consisted 
of the interviews themselves. A semi-structured interview 
approach was taken with a minimum number of standard 
interview questions. The researcher explained to the 
interviewees that questions are only a bridge to spark 
conversation in the research area. Interviews were 
conducted with contracting personnel with experience in 
contracting for services from the Marine Corps, Navy, Army 
and Air Force. Service contracting experience includes 
base and system commands. The contracting personnel have 


service contracting experience ranging from the Simplified 
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Acquisition Threshold (SAT) to múlti millier m ea an: 
tract ss The majority of interviews were in person with 
some also conducted over the phone. 

The presentation of data in this chapter takes the 
form of process descriptions captured through field visits 
and interviews as described above. Bight separate service 
contracting processes are described in this manner. 
Together these eight processes constitute the “baseline” 
used for analysis and redesign. To compare service 
contracting processes from various commands at a summary 
level, a metric is created for pattern analysis. TARTS 
metric is referred to as the comparative process “jointness 
racio: The jointness ratio is calculated by dividing the 
number of joint (1.e., Government-contractor together) 
contracting steps by the total number of process steps. 
For example, a contracting process in which 4 of 10 steps 
are performed jointly would have a jointness ratio of 0.4. 


Assumptions for the determining the jointness ratio follow: 


ir A “Joint” step is conducted together with 
appropriate personnel from both the Government 
and the contractor teans. Iin Figures. l and 2 of 


Chapter II these steps are depicted under the 
joint column of the process Erow. 


2% A contracting process “step” occurs either by a 
new document being produced or approved (jointly 
or separately) or when a communication is sent 
“over the fence”. 


de The contracting process begins at preparation of 
statement of work (procurement work statement). 


4. The contracting process ends at contract award. 


For example, the traditional sole-source model in 


Figure 1 “of Chapter "ir would” beqinwat “the istat ene nE 
SZ 


works end "eat “Contract award and Have artotal of™fourteen 
contract process steps. The traditional sole-source 
process has a ROTA ei uo jomnt steps, wfachiandingmand 
negotiations. Thise creates Jeint »=ratio of 2/714 or 
0.143 Using the alpha contracting process from Figure 2 
as another example, we find a total of nine steps from 
statement of work to award. However, there are four joint 
steps, including preparation of the statement of work, 
draft RFP, develop proposals and negotiations. Pe MOLINE 
ratio of 4/9 or 0.444 results. Thie@eoint jreatiozwi®] be 
used in the chapter as a measure for comparative process 
analysis. 


B. UNIQUENESS OF THE DEPARTMENT OF DEFENSE SERVICE 
CONTRACTING PROCESS 


Them Office "or Federal Procurement Policy (OFPP) 
defines services in Policy Letter 91-2 as “the performance 
of identifiable tasks rather than the delivery of an end 
item of supply” [Ref. 42]. DoD acquires a significant 
amount of services each year by contract. Services may 
range from the routine maintenance of facilities or 
equipment at a base command to highly sophisticated 
technical and management assistance for the design, 
development or production of a major weapon system at a 
systems command. [Ref. 42] 

There are differences found in the process of 
Soreracemng Lor services "compared “Co” other contracting 
areas such as supply. Both literary research and conversa- 
tions with interviewees serve to illuminate the unique 
aspects in the DoD service contracting process discussed in 
this chapter. The unique aspects are describing the 


Beacemeomus OL work, labor intensity, evaluation criteria, 
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measuring quality and the service product being represented 
by people, not. .anyend1tem or material supply m E ch unae 
aspect. of contracting ifor serrie -S is discussed in) turn. 

di Describing the Statement of Work 

A difficulty inherent in contracting for services is 
properly describing the statement of work so that users 
acquire what they need and contractors fully understand the 
correct requiimements. [Rets:0 1. BIBI 14>. 182024. 
307 38; 41, 45 and 48}. -Chuck=Nobes; Head òf Contracts at 
the Marine Corps Logistics base in Albany Georgia, states 
that “the user activities usually have quite a problem 
explaining exactly what they want when contracting for 
services” [Ref. 41]. Contracting for services is not as 
Simple as stating a detailed specification or stating the 
requirement as the same quality as model X. This problem 
compounds as contracting personnel begin writing the SOW 
and deciphering what the user actually needs. 

In a simplified example, a SOW for a maintenance 
contract may include cleaning a room and, though assumed, 
may not specifically state that the garbage must be removed 
from the room to the dumpster outside. This can lead to 
confusion Min SOW requirements canada cusrther alt tienen 
determining anticipated costs. Of course a properly 
written SOW will end the trash dumpster problem. However, 
as user requirements become more complicated, the observer 
should understand how such a problem might compound. A 
service contract SOW has the unique need to include all of 
the needed services, but at the same time not be so 
restrictive as to provide an advantage to one specific 


contractor: [Ref. 5] 
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Zi More Labor Intensive for the Contracting Entity 

Preparing a acontmacteawhen acquiring services can be 
“at least fifty percent more labor intensive for a 
contracting specialist than when preparing a supply type 
contractššike femin It can be a more complicated process. 
The contracting specialist must have an understanding of 
commercial labor rates and Department of Labor (DOL) rate 
requirements [Ref. 1]. This understanding, combined with 
the difficulty of estimating both the amount of labor hours 
and level of labor skill, requires an experienced contract- 
ing specialist to effectively contract for services. 

32 Evaluation Criteria 

Since a proposal for services does not necessarily 
describe atodi bler mada itam tha source selection process 


and evaluation criteria are often harder to determine and 


depict- than with a @supply contract  —[Bef. 18]. For 
instance, evaluating level of skill can be quite 
subjective. It is an involved process to compare and 


contrast proposal differences in the face of evaluation 
criterias in both amount of heuzs and level of skill, to 
determine the proposal that will provide the best value for 
the Government [Ref. 41]. 

4. Determining or Measuring Quality 

When contracting for services there is a focus on the 
quality of support to meet the service performance 
expectations [Ref. 10]. The difficulty arises when working 
to specify by contract an acceptable level of quality of 
the inspection process or of the deliverable itself. When 
contracting for supplies, a desk for example, the user can 
state a requirement for 100 oak desks of quality exceeding 


DıillszBroehers model 200C. Quality in this sense can be 
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interpreted as. the. type of wood ægluce onni other supplies 
used to produce the desk. According to CDR Qua, Head of 
Contracts at bleet EndustrialMSuppiyAcenterpsan Diego : 
A service contract, on the other hand, say air 
traffic control range services, available within 
24 hours, are difficult to determine quality of 
the deliverable... Safety is a huge issue in this 
contract You “Can pay for ~ them hours> rf ams 
teatre controls Dar TE si morse da er 


incentivize and determine the quality of the 
safety provided by the contractor. [Ref. 45] 


Another example of the difficulty in determining 
quality in a service contract is with childcare. In a 
childcare contract, the Government may incentivize a 
contractor to comply with Federal regulations such as room 
Size per number of children or Supervisor per child ratios. 
The actual quality of childcare provided, however, is very 
difficult to objectively measure. [Ref. 45] 

52 Product is the People Not the End Item 

Unlike physical supplies, the deliverable of a service 
contract is intangible. Service contracts are based on the 
reputation of the personnel in the company who are 
delivering the service. In the service industry, if 
contractor personnel change, most likely, so will the level 
of service. Many tangible end items, on the other hand, 
can still be produced to specification even when key 
personnel leave a company. [Ref. 27:p. 48] 


6. Role of the Contracting Officer Representative or 
Quality Assurance Inspector 


when inspecting a service contract, a comparison of 
product output to a specification or number received can 
not be conducted as with a supply contract. This 


uniqueness in service contracts also ties into the quality 
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issue stated above. A Contracting Officer’s Representative 
(COR) must decide whether the contractors provide the 
services specified within the terms of the contract at a 
level of quality acceptable to the user. [Refs. 5 and 10] 

A service contract 1s a “moving document and difficult 
for the COR to stay on top of developing matters to ensure 
compliance to the contract.” | Ree" “This is unlike a 
supply contract where a COR or inspector only determines if 
the correct item is received.” (Reir. >] The COR respon- 
sible for a service contract must understand the quality of 
services agreed to by both Government and contractor at the 
time of the initial meeting of the minds at contract 
agreement. 

qe Interface with the Warfighter 

Within the DoD, a warfighter or commander has the 
ability to order a change and have it take place on the 
spot. A peculiarity when contracting for services is that 
the “{contracting personnel] need to educate the warfighter 
on contract administrative issues of what can and can not 
be changed with the services taking place.” [Ref. 25] 
Situations like this may open the door for unnecessary 
equitable adjustment or even contract scope disagreements. 
Base maintenance type service contracts provide good 
examples of how this situation takes place. A base 
commander may observe a contractor cutting the grass and 
desire the grass to be cut in another fashion, but he may 
Bot realize the Contractor’s method fits the contract 


guidelines [Ref. 25]. 


C. COMPARATIVE PROCESS ANALYSIS 
In this section, a number of service contracting 


processes are documented for comparative process analysis. 
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Each "of che  cighem pop "commands Service =seonte raced 
processes TS" preseneea and Aiseusscd eo Se 
jointness ratio. The eight commands are depicted in Table 


ile 


Space and Naval Warfare Systems Command 
Marine Corps Recruit Depot, San Diego 
Camp Pendleton 


Marine Corps Logistics Base, Albany 


Marine Corps Recruit Depot, Parris Island 
Fleet and Industrial Supply Center San Diego 
National Training Center, Fort Irwin 

Eglin Air Force Base, Special Programs 





Table 1. Command Service Contracting Processes 


Each of the following processes, with the exception of 
Eglin Air Force Base, involve similar Government and 
industry contracting personnel as discussed in the tradi- 
tional sole-source process from Chapter II. These service 
contracting processes also utilize the same “over the 
fence” method of document transfer in order to communicate 
between Government and industrial organizations. 

1. Space and Naval Warfare Systems Command 

The Space and Naval Warfare Systems Command (SPAWAR) 
process for service contracting scores 2/10or0r 0- 123 on the 
jointness ratio. SPAWAR’s service contracting process is 
essentially a textbook example from FAR part 15. The bulk 
of services SPAWAR acquires are for technical expertise and 
other program support of- the command s Er rogram Systems: 


The process is pictured in Figure 5. 
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Government Joint Contractor 


Prep SOW 
Draft RFP 
Approve RFP 
Synopsize Express interest 
Mail RFP ; 
re Submit questions, | 


PAPA 


<+--Answer questions Submit proposal <-Y 


Competitive Range 


Selection 
| Discussions 


Request for BAFO Submit BAFO 


Source Selection 


¿+ Negotiation targets 


| 
— 
| Negotiation 
| | 


ı Award 


© a0 o a e e 


Figure 5. SPAWAR Service Contracting Process Flow 
[Refs. 14, 27, and 54] 

Notice how closely this process design conforms to 
that used to depict the traditional sole-source contracting 
process in Chapter II. The obvious exception from the 
sole-source model is that multiple RFPs are sent out and 
multiple proposals are received by the Government from 
interested contractors. 

As can be seen in Figure 5, SPAWAR evaluates all 
proposals to establish a competitive range. The competi- 
tive range is based on the ratings of each proposal against 
all evaluation criteria. The contracting officer estab- 
lishes the competitive range comprised of all of the most 
highly rated proposals [Refs. 19 and 27]. 

At this point in the process, the contracting officer 
conducts “GesetscsioOns With contractors to clarify any ques- 


tions on their proposals. Every effort is made to ensure 
De 


information shared from the Government with one contractor 
is also expressed to all other offerors. At the conclusion 
of these discussions, each offeror still in the competitive 
range is requested to submit a best and final offer (BAFO). 
FAR part 15 no longer requires use of a BAFO [Ref. 19]. 
However, SPAWAR and other commands in this chapter continue 
use of the BAFO technique [Refs. 14, 27, and 54]. 

Once BAFOs are received, the SPAWAR team evaluates 
final proposals and completes source selection. Final 
negotiations take place between the Government and the 
selected contractor. Notice that as with the traditional 
sole-source process, this is only the second joint meeting 
conducted prior to definiti zing tie "conmrace- 

2. Marine Corps Recruit Depot, San Diego 

The Marine Corps Recruit Depot (MCRD) San Diego scores 
an2/Adweor #0. 143 TO TNT Sia los The extent of services 
acquired by contract range from under the Simplified 
Acquisition Threshold (SAT) to laundry, facilities mainten- 
ance and tailoring contracts at about $1 million a year. 
The MCRD San Diego service contracting process is pictured 
ELO USOS 

Base service support type contracts at MCRD San Diego 
necessitate a joint Government and offeror site visit. The 
site visit gives each potential contractor a chance to see 
the facilities where the services will be performed. Liou 
example, a contractor would visit the dining hall where 
cafeteria services are contemplated prior to submitting a 
proposal. | 

After the site visit, the process next allows for a 
question and answer period prior to proposal submission. 
Many iterations of questions and answers may take place as 
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Government Joint Contractor 
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Figure 6. MCRD San Diego and Camp Pendleton Service 
Contracting Process Flow [Refs. 14, 27, and 54] 


meted by the dotted lines and" arrows in Figure “6. 
Proposals are then submitted and a contractor source is 
selected. Notice there is no competitive range selection 
or step for BAFO requests. Major Neuberger, Director of 
Purchasing and Contracting at MCRD San Diego, states: 
Wıch a milo -eea Competition and much ©2 our 
acquisitions under the SAT we have no need to 
request a BAFO... Additionally, we state in the 


RFP that we reserve the right to award based off 
of the contractor Ss initial praposal. |Ref. 39] 


Finally, negotiations take place and the definitized 
contract is awarded. 

3. Camp Pendleton California 

Camp Pendelton also scores a 2/14 or 0.143 jointness 
ratio. The major service contracting needs include a chow 


hall contract of about $7.5 million a year, engine repair 
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at $2.5 million; and a laundryateont rach atest SS 
million a year Contracting Officers utilizo beca | ehe 


same service contracting process as their counterparts at 


MCRD San Diego. Camp Pendleton holds discussions with 
contractors; however, only in the case of complex 
requirements [Ref. 3]. An interesting point noted during 


interviews with Mr. Jack Key, Deputy of Purchasing and 
Contracting Camp Pendleton, is “complexity of the 
requirement, not the monetary value of the contract, will 
determine the need for discussions.” [Ref. 30] 

4. Marine Corps Logistics Base, Albany Georgia 

The Marine Corps Logistics Base (MCLB) in Albany 
Georgia supports the entire Marine Corps with upper-echelon 
logistics service contracts. The service contracting 
process, described in Figure 7, most recently has been used 
for a Marine Corps Chemical Biological Incident Reaction 
Force (CBIRF) services acquisition. MCLB scores a total of 
3/190 rm0. 167 jointness ratio. 

The MCLB process is much different than any of the 
processes discussed above. The process begins with a 
Request for Concept Papers (RCP). A RCP simply requests 
industry contractors to explain their theories on how they 
can accomplish the Government need. Ita can. be thought of 
as an advanced way of conducting market research. The RCP 
is sent out as a Broad Agency Announcement (BAA). 

Once concept papers are received, MCLB contracting 
personnel downselect to five potential offerors. They 
further request the five selected offerors to give an oral 
presentation on the concept execution plan. This execution 
plan provides the details of how the service requirements 


will be addressed. 
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Figure 7. MCLB Albany Service Contracting Process 
Flow [Refs. 6, 41, and 44] 


After conclusion of oral presentations, the offerors 
are again Gownselected to a group of two contractors. A 
request is sent to these two contractors to submit a 
weiteren SOW: MCLB Albany utilizes the two submitted SOWs 
“to fine tune a RFP that brings both contractors on a level 
playing field’ [Ref . 44]. Contractors then submit 
proposals and discussions are held for any clarifications 
before a BAFO is requested. Final source selection ensues, 
negotiations are held and the contract is awarded. 

5; Marine Corps Recruit Depot, Parris Island 

The contracting office at Marine Corps Recruit Depot 
(MCRD), Parris Island supports local base operations as 
well as the Eastern Region Recruiting District. Currently 


the largest service contracts include multi-year uniform 
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alteration work and other maintenance SUPPOrE pe 
Contracts: The jointness ratio score is 3/16 or 0.188. 
The MCRD Parris Island service contracting process is shown 
IE LoOUre 9: 

The MCRD Parris Island semmice cont raeeime process is 
very Similar to the SPAWAR process depicted in Figure 5. 
But notice Parris Island also conducts site visits like the 
process of MCRD San Diego. Further, unlike the technical 
resource contracting of SPAWAR, Parris Island’s focus is on 
base support where potential contractors can submit more 
accurate proposals after walking through the service 
support facilities: Like MCRD San Diego, Parris Island 
states in the RFP the right to select a source based on the 
first proposal submitted, possibly bypassing the need for 


both discussions and reguest for BAFO. 
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Figure 8. MCRD Parris Island Service Contracting 
Process Flow [Ref. 5] 
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6. Fleet and Industrial Supply Center, San Diego 

The Fleet and Industrial Supply Center (FISC), San 
Diego acquisition of services includes hardware and soft- 
ware technical design expertise, a multi-year $160 million 
aircraft maintenance contract and a $48 million ship repair 
contract. The process scores a 3/15 or 0.2 jointness ratio 
and is presented in Figure 9. 

As noted in Figure 9, FISC San Diego devotes time up 
front in the process to develop and approve a combined 
smepsis andssolic#tatsen. This is done to decrease cycle 
time. Notice this process omits the steps for requesting 
and receiving the RFP, and site visits are not normally 
conducted due to the service support focus on aircraft and 
ship maintenance [Ref. 18]. 

Government Joint Contractor 


Prep Combined 
Synopsis/Solicitation 


Approve Combined 
Bann! 


Combined Express interest 
Synopsis/Solicitation 






Pre Proposal 
Conference 






Mae Submit questions >, 


<-F- Answer questions u Ze i Submit proposal «- 


Competitive Rang 
Selection 
7 Discussions 


+---- 






Request for BAFO >> Submit BAFO 


| Source Selection Ls targets 
| = Negotiation | 
| Award + | | 





Figure 9. FISC San Diego Service Contracting Process 
Flow [Refs. 18 and 45] 
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However, a pre-proposal conference is conducted to 
clarify, in an open forum, any questions From potential 
contractors, and written questions and answers are allowed 
after the pre-proposal conference is complete. The com- 
petitive range selection, discussions, BAFO, source selec- 
tion, negotiation and award steps are the same as discussed 
in processes above. 

a. National Training Center, Fort Irwin 

The National Training Center (NT, Fort Irwin 
contracting personnel procure and maintain many services 
for the base. Two of the largest contracts include a 
multiple year $1 billion logistics support contract and a 
e million installation support contract. Both of these 
major contracts were awarded under a cost-plus-award fee 
structure. The NTC Fort Irwin service contracting process, 
described in Figure 10, scores a totale or 0.21 
jointness ratio. 

The NTC Fort Irwin process begins with a Procurement 
Work Statement, which is equivalent to the Navy SOW. The 
RFP and synopsis steps are familiar to the above discussed 
processes. Due to the complicated nature of service 
support required with some NTC RFPs, "Contractors are 
allowed two separate site visits. One site visit takes 
place after synopsis in the CBD and one after the 
contractor receipt of the RFP. Although these site visits 
increase PALT, such investment pays dividends in improving 
potential contractor understanding of user requirements. 

NTC Fort Irwin also makes use of a competitive range 
determination step. They hold discussions and request a 


BAFO prior to source selection. Negotiations take place 
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Figure 10. NTC Fort Irwin Service Contracting Process 
Flow [Ref. 25] 


with the selected contractor and the contract is then 
definitized. 

8. Special Programs Office Eglin Air Force Base 

The service contracting process at Eglin Air Force 
Base supports all needs for the Special Programs Office. 
The process is illustrated in Figure 11. It is currently 
used for sole-source service acquisitions. Notice this 
process 1s quite similar to the alpha contracting process 
discussed in Chapter TI. The Eglin process scoreswa 3/9 or 
0. 338 Jointness ratio- 

The Eglin process is referred to as Review, Discuss 
and Concur (RDC) which was developed by the Air Force from 
the Eglin Special Programs Office [Refs. 9 and 10]. The 
process begins with a solicitation letter and agreement to 
conduct a TRD acquisition: Upon receipt of approval for a 
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Figure 11. Special Programs Office, Eglin Air Force 
Base Service Contracting Process Flow 
[Refs. 9 and 10] 


sole-source acquisition, the RDC team meets jointly to 
produce a model contract from which to base the rest of the 
process. The team produces the model contract to the 
maximum extent in person. If circumstances prevent in 
person communication, electronic information exchange is 
used to speed up the process [Ref. 9]. 

The joint team is comprised of counterparts from the 
Eimer endescsentmashor “Organizations, At a minimum, 
representation from both organizations includes program 
managers responsible EQ requirements, gentracting 
officers, and financial managers responsible for estimating 
supporting budgets. «The #matial medecimecontact ceomsists oE 


anticipated statement of objectives, contract terms, incen- 
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tivés and any Other unique™ issues for the particular 
acquisition 

Next, the team decides on a technical approach to 
complete the statement of objectives and supports this 
technical approach with a work breakdown structure. This 
step includes agreement on definitions, assumptions and a 
computation of rough order of magnitude cost for the 
project. The next step is concurrence. As the name 
implies, this step is complete when the RDC team reviews, 
discusses and concurs on the finalized model contract. 

Differences in RDC from the alpha approach can be seen 
Frans tnis. point forward. The RDC team forwards the 
finalized model contract to the contractor. The contractor 
independently reviews the model and submits an official 
offer to the Government. The Special Program Office team 
validates this official offer and the contract is awarded. 

9. Jointness Ratio Comparison 

Table 2 is presented for the benefit of a summary 
comparison of the processes discussed in Chapter II and 
Bese: The processes are listed in descending order of 


jointness ratio. Notice the processes measured with high 


Process Rank Ratio Percentage 


4/9 

eyo 

4/19 
7/15 
3/16 
3/18 
2/14 
2/14 
2/14 
Fo 


„444 
(308 
ls]: 
200 
88 
ber 
.143 
.143 
.143 
2125 


Alpha 

Eglin AFB 

NLC Fort irwin 
FISC San Diego 


MCRD Parris Island 
MCLB Albany 

Camp Pendleton 

MCRD San Diego 
Traditional Sole-source 
SPAWAR 


OnAYANA OF WN Pp 
SSS DADO OO SD 





Table 2. Comparison of Jointness Ratios 
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joint ratios also tend to have fewer steps, particularly 
the model alpha process and its RDC counterpart performed 


at Eglin. 


De ENABLERS AVAILABLE TO STREAMLINE THE SERVICE 
CONTRACTING PROCESS 


The DoD service contracting process has two purposes. 
First, the user should receive services that satisfy all 
requirements. Second, these service requirements should be 
acquired at the best value possible to the Government. 
There are both technological and human enablers available 
to streamline the DoD service contracting process. Results 
of discussing the service contracting process with 
interviewees produced four such enablers. The four 
enablers, discussed below, are the World Wide Web, train- 
ing, statement of objectives, and alpha contracting. Each 
of these enablers appears to be particularly promising in 
terms of service contracting innovation. 

I World Wide Web 

Many companies today place their products, concepts 
and services available for public view via the World Wide 
Web (Web). This ever increasing database provides a 
central source for listing and accessing a wide variety of 
current industrial practices. With this; the Web 
represents an effective tool to quickly obtain current 
market research data [Refs. 1, 5, and 30]. The Web allows 
the Government the ability to compare service requirements 
to practices. currently. being used in- Indust yy: An RFP 
developed with industry practices in mind enables offerors 
to better understand Government requirements and the user 


to receive the most prevalent services available [Ref. 1]. 
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23 Training 
Interviewees describe training as an enabler involving 


three separate groups: 


Ta Users 
2. Contract Specialists 
om CORs 


As discussed above, service contracting has unique 
difficulties for users that must communicate requirements. 
Pace ol the difficulty stems from translating conceptual 
requirements into the written requirements of the RFP. 
Since users represent the focal point in determining 
requirements, training them how to communicate effectively 
is important [Ref. 3]. Major Neuberger, from MCRD San 
Diego, recommends getting the biggest users together to 
teach them both the pitfalls of a weak SOW and how to 
properly prepare a good SOW [Ref. 38]. 

ean NG is also important with the cont race 
specialist since there are unique requirements when 
drafting a service contract. Mr. Nobes of MCLB Albany 
believes, “Training is key. You must grow one of your 
contract specialists into a service contracting expert. 
Beets a particular (specialist only on contracting for 
services.” [Ref. 41] 

Mr. Brooks, Deputy at MCRD Parris Island, believes 
training the COR is just as important to a successful 
service contracting process. He states, “ensure the COR is 
well trained to understand not only the contract but school 
trained in the FAR and DFARS in the particulars to 


services.” [Ref. 5] 


o 


3% Statement of Objectives 

Lt. Col. Henry from NTC Fort Irwin believes one way to 
improve the service contracting process is to “improve the 
Procurement Work Statement (SOW) to focus on the require- 
ments, not how the contractor accomplishes those require- 
Mentesm [Ret . wee]. A Statement of Objectives (SOO) there- 
fore can be an enabler to improve the service contracting 
process when used in place of a SOW [Ref. 18]. 

A SOO provides potential offerors flexibility in 
developing cost-effective solutions. It also provides the 
opportunity to propose innovative alternatives in meeting 
those objectives. Use of a SOO vice a SOW eliminates the 
instructions on what activities the contractor must perform 
to provide the services, but rather focuses on the end 
state delivered. “Industry can be more innovative [than the 
Government]. People in industry often already know a way 
to accomplish the task” [Ref. 38]. It is important Lo norte 
that a well written SOW may also provide the opportunity 
for a contractor to determine “how” a requirement should be 
performed. A SOO, however, is a higher level document, 
conceptual versus specific requirement example of what is 
expected as the end state deliverable. The focus is on the 
objectives instead of what steps to perform in the accomp- 
Mmshment of work, maximizing Yeentracter innovative Tatls 
tude. 

4. Alpha Contracting 

The alpha contracting process itself is an enabler 
available to streamline the DoD service contracting 
process. The focus .of. alpha Acortracting 1s to DOEN 


decrease process cycle time (PALT) and encourage contractor 
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interfaces to best support user requirements. is teen 
nique has been proven in sole-source hardware acquisition. 
As with hardware acquisition alpha contracting is also an 
enabler to streamline the service contracting process. 


[Refs. 10, 14, and 27] 


E. REDESIGNING THE BASELINE SERVICE CONTRACTING PROCESS 

This section demonstrates process flow changes when 
redesigning the service contracting process inclusive of 
lona ontra ceting- concepts. mhe alpha contracting concept 
applies to any of the service contracting processes 
described above. For the purpose of demonstration, the 
mowers ISland process dep 1 ete Arpa ute oO Is considered a 
“baseline” process for discussion of process redesign. The 
Parris Island process is chosen since it is the median 
process, by jointness ratio, of the eight separate service 
contracting process flows in Chapter III. Additionally, 
with the exception of Eglin, the Parris Island process 
contains many of the contracting steps in the other 
contracting flows. The Eglin RDC process is of course 
already similar to alpha contracting. 

Figure 12 depicts how alpha contracting can be 
employed to the redesign of the Parris Island process. The 
redesigned Parris Island process is referred to as the 
“Figure 12 process” throughout. The Figure 12 process is 
used for analysis in Chapter IV. 

Redesigning Parris Island service contracting as an 
alpha process moves preparation of the SOW to the joint 
category. The same alpha IPT members discussed in Chapter 
II also participate in this redesigned process. Where 


appropriate, the COR is an additional IPT member to ensure 
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Figure 12. Parris Island Redesign Process Flow 


better understanding of compliance during contract adminis- 
rakion. 

Notice in Figure 12, a joint site visit takes place 
followed by the IPT jointly preparing a draft RFP. The 
Government and contracting organizations next approve the 
Rie The Government synopsizes the contract and the 
offeror expresses interest. The proposal preparation, 
negotiation and award are similar to the alpha contracting 
process discussed in Chapter II. 

Analyses, or conclusions in this thesis, based upon 
the Parris Island redesign, are of similar effect to the 
other eight processes discussed in Chapter III. Cont racer 
ing officers from other commands that contract for services 
should also expect this analysis to apply to the respective 


service contracting processes. 
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EX SUMMARY 

Results from interviews and literary research indicate 
that there are unique aspects found in contracting for 
services compared to other contracting areas. Much of this 
uniqueness stems from the difficulty of determining service 
requirements and the method in which these requirements are 
communicated to every party involved in the service 
contracting process. 

Each of the eight processes discussed above is in 
place to deliver quality services to the user in a timely 
manner at the best value to the Government. Except for the 
Egl inn process, all contracting process zflowuszmorezelosely 
replicate the traditional model, discussed in Chapter II, 
than the alpha contracting model. The processes, except 
for the Eglin model, use an “over the fence” method of 
communication and have few joint steps. 

In orderi to innovate a přocess, it must first be fully 
documented and understood [Ref. 12]. For this) purpose, 
Chapter III documents a diverse mixture of DoD service 
contracting processes. The outcome of the documentation 
provides the Parris Island process as a baseline to inno- 
mac througn “application of the alpha contracting, tech- 
nique. Chapter IV next provides an analysis of the 
application of alpha contracting to the service contracting 


process. 
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IV. ANALYSIS OF APPLYING ALPHA CONTRACTING TO INNOVATE THE 
SERVICE CONTRACTING PROCESS 


Contracting for services becomes increasingly impor- 
eae ds tle — oD leaves COWards Ene twenty-first century: 
With Indusery leading technological development, new 
technologies for supplies, weapon systems, and services are 
moving rap Hy Torward. DOD is meone Urr cnt iy “LUrning to 
this industrial base to perform not only traditional 
services but also to conduct functions previously performed 
internally. A Gull understanding oT service contracting 
therefore is imperative. For reasons such as these, 
analysts of innevatinge=the service contracting process is 
essential to both future user satisfaction and the 
Government receiving the best value for the services 
acquired. 

Chapter III provides an understanding of service 
contracting and an example of a redesigned process (Figure 
12) adopting alpha contracting techniques. This chapter 
builds on the Figure 12 process and alpha contracting 
concepts to further analyze innovation of the alpha 
contracting technique. The chapter is organized into five 
sections. The first two sections discuss positive implica- 
sens and potential inhibitors tö applying alpha contract- 
ing in the service contracting area. Specific ways to 
address these potential inhibitors are also discussed. 
Next, this chapter analyzes qualities of the acquisition 
environment that add to the success or failure of applying 
alpha contracting to a particular acquisition of services. 


Finally, a summary of the Chapter IV analysis is presented. 


91 


A. POSITIVE IMPLICATIONS 

Positive implications are factors im thes ape cation 
of alpha contracting to the service contracting process 
that provide an increase in process performance and 
efficiencies. Five positive implications are associated 
with alpha service contracting: understanding the require- 
ments, steaming, writing the. contracti documents, eariy 
support from external agencies, and decreased cycle time. 
These are discussed in turn. 


1. Understanding the Requirements 


Chapter III discusses requirement understanding, by 
both the user and each potential contractor, as one of the 
unique difficulties involved with the service contracting 
process. Often users can not fully explain the services 
needs, nor can users explain every detail necessary to 
satisfy the requirements. Alpha contracting allows the 
user, contracting officer, and pesential contractor to 
communicate in person for better understanding of each 
requirement. Alternatively, the “over the fence” method, 
used in the baseline service contracting process, suffers 
from varying individual interpretations of written require- 
ments in the contracting documents. Face to face inter- 
active dialogue in the alpha service contracting process 
allows for better understanding of service requirements 
than is generally possible through traditional contracting 
methods. In particular, the teamwork depicted in the 
Figure 12 process allows an opportunity for a user, who is 
not completely sure of the requirements or the best method 
to accomplish the services, to interactively dialogue with 
the industrial expert to specify and refine the service 


requirements. 
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2; Teaming 

Ofte perentia contractor’ s | primary objective is 
earning a profit and the Government’s primary objective is 
attaining quality prođüct or service at a"fair price. This 
can lead to conflicting objectives and opposite desires for 
the end state of the service contracting process. The IPT 
concept in alpha contracting “may not (and arguably should 
not) change these ultimate organizational objectives. How- 
ever, it can establish an environment for individuals on 
both sides to understand the basis for each organizational 
objective. Alpha contracting provides a group framework to 
spark a teaming environment between the Government and 
industry. The joint alpha IPT agreement to work together, 
from the identification of service need to contract defini- 
tion, provides an opportunity to draw the opposite end 
objectives together. 

The teaming environment may also encourage individual 
companies that are not currently interested in contracting 
with the Government (due to bureaucracy, small business 
with no Government contracting experience, etc.) to 
consider such contracting. Alpha contracting in a service 
environment such as this allows the team to move through 
the process together and build needed trust for a success- 
ful service acquisition. 

3. Writing the Contracting Documents 

The difficulty of wring the Comeractimg aocuments to 
cover a service acquisition is discussed in Chapter III. 
an particular, -administrative difficulties of the COR 
determining acceptable performance of services in quantity 
and more importantly in quality based on the SOW are noted. 


In the baseline method, the contracting officer needs to 


so 


understand the user’s written service request to write the 
REPI The contractor in turn needs to understand the 
contracting . ommtes:'s "REPI Hurthes the contracting 
officer and eventually the COR need to understand the 
accepted proposal. The Pigurem process Of wrieimegeche 
SOW, RFP, and proposal in a joint environment allows all 
team members not only to discuss each particular element of 
the contracting documents but to better understand how to 
perform the work specified in the SOW. The outcome of the 
alpha contracting process, therefore, provides a well 
understood document from which the contractor can operate 
and from which the COR can discern service compliance. 


4. Early Support from External Agencies 


The joint IPT in the alpha contracting process 
includes individuals needed from supporting agencies. As 
stated in Chapter II, examples are DCAA, DCMC and Legal. 
Early incorporation of these agencies provides a base for 
well founded punctual decisions within the IPT. The 
individual expertise included from the beginning of the 
process saves time and frustration from potential changes 
later in the process without early support from such 
external agencies. For example, a lawyer as an IPT member 
of the alpha contracting process may alleviate a request 
for clarification from legal council for every contractual 
legal question, since the council is an alpha team member 
from the start. 


54 Decreased Service Acquisition Time 
As is the case in acquiring hardware, use of alpha 
contracting for a service acquisition should facilitate a 


decrease in cycle time or PALT. There are time savings 
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associated with using a person to person medium of communi- 
cation vice deciphering written contractual documents. 
Since documents are produced jointly there is also obvious 
time savings from not transferring documents “over the 
fence” from the Government to the contractor and back. 
Another aspect of decreasing cycle time stems from 
including external supporting agency individuals in the 
alpha IPT. Including external agencies prevents the linear 
handoff of contract documents to and from the external 
agencies and the inevitable time of the document sitting on 


a busy, and possibly overburdened, individual’s desk. 


B. POTENTIAL INHIBITORS 

Potential mn Dbiarerts in the application: “of “alpha 
contracting to the service contracting process are factors 
that repress, discourage or reduce the potential gain from 
this process innovation. Five potential inhibitors are 
discussed in turn: resources constraints, resisting the 
elemige, LoOSs or "control, competition, “and training. 

a Resources Constraints 

Though the alpha contracting process can greatly 
decrease cycle time, it requires dedication of ample 
resources early in the contracting process. Dedication of 
Government and contractor personnel, time, and manpower is 
eructalb= tO successfully perform alpha contracting. eis 
problem compounds with the Government experiencing a short- 
age of contracting personnel, especially those with service 
contracting experience [Ref. 18]. CDR Qua, Head of Con- 
tracting, FISC San Diego, believes the biggest inhibitor to 
alpha contracting in the service contracting area is that 
there are “not enough personnel to develop each service 


procurement under an alpha contract” [Ref. 45]. 
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There are also potential manpower problems for the 
contractor: Kelly Hough, a SPAWAR contracting specialist, 
states 

With the competitive nature of service contracts 

many go to small disadvantaged businesses. These 

companies have fewer resources to devote to a 

single contract action Wien the type CE Ul Serene 


involvement which is needed in an alpha acquisi- 
ion: 


2. Resisting the Change 

As discussed in Chapter III, the customer often does 
not fully understand requirements in a service acquisition. 
With this in mind, there is possible resistance from a 
customer who already does not understand the requirements 
or the traditional contracting process to also understand 
the alpha contracting concepts seen in the Figure 12 
process. Joe Escalara, contracting officer at FISC, San 
Diego, believes that even in the face of acquisition 
reform, both the customer and many contracting personnel 
are “hesitant to shift to a paradigm of open conversation 
with “Industry or stotrally Zsharıingr esnerraeringseinrermaeren; 
Rer me |. This resistance to the alpha contracting 
process can be further seen with smaller industry contrac- 
tors that may be less comfortable with a new process than 
the traditional contracting method [Ref. 10]. 

3% Loss of Control 

The Government and many industrial corporations have 
rules and regulations to maintain eanereol of the 
traditional service contracting process: A Government 
example of control would be approval above the contracting 
officer level before release of the RFP. For- -a contrac tor? 


such control may include executive level budgeting 
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decisions at each contracting step. Many of these controls 
are lost in the alpha process when IPT members are 
empowered Eo make decisions and create contracting 
documents in person, without consent from upper levels at 
each alpha contracting process step. While upper manage- 
ment can still provide overarching policy guidelines such 
as a pre or post business clearance, these policies take 
away from the very spirit of team empowerment instilled in 
an alpha acquisition. This loss of upper management 
control at the IPT level over the alpha process can cause 
concern within an organization. 

4. Competition 

When attempting to acquire services through alpha 
contracting in a multiple-source environment, competition 
itself may inhibit the alpha process. Contractor trust and 
cycle time are two direct aspects of competition possibly 
inhibiting the alpha contracting process. Trust is an 
mherent necessity for the alpha contracting process to 
work. Contractors in a competitive environment may not 
want to give up their best ideas for accomplishing the 
service requirements until they know that they are the 
selected contractor for the service contract. There is 
eee rom Mnie Teonkracter That Its ideas will be “shared 
With other contractors in the alpha process. [Ref. 25] 
The alpha process is very much one of sharing information, 
whereas the competitive concept, with separate proposal 
submission, is not. 

Another inhibiting aspect of competition to the 
redesign process is the increase to cycle time. CDR Qua 


Ar leer: 
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If you are working with four separate contrac- 
torso... produces e vice contrast oia SS 
against the whole concept of an alpha acquisi- 
eron: With an alpha acquisition you want to 
decrease PALT. The complications involved in 
working with more than one contractor towards an 
alpha acquisition will increase PALT. [Ref. 45] 


DE Training 

AS statea an Chapter ™ ill, contracting “specialists 
require a great deal more training to be efficient in 
service contracting. The alpha contracting Process, niich 
ans TEM O nCcept,; requires m ad@ditrona E r a ino Area 
already burdened contract specialist. In a smaller command 
this additional training may prove too mùch Lor the Niga 


paced workload [Ref. 38]. 


C. ADDRESSING THE INHIBITORS 

Entire theses may be dedicated to addressing each of 
the inhibitors discussed above. This section contains 
analysis based on interviews and literary research on how 
organizations may overcome some inhibitors to the alpha 
service contracting process. The inhibitors addressed 
include resource constraints, resisting the change, and 
loss of _ceontre!. Competition is not discussed due to the 
extended research necessary to properly overcome this 
di Ta eo late estas, Training on the other hand is not discussed 
sincegthbhes inhibitorni Sat iviat Simply train ç the appropri 
ate personnel. 

r: Resource Constraints 

Government and industry contracting parties need to 
look beyond the short term (time and manpower) resource 
constraints of ¿alpha contracting and think in terms or 


return on investment. Long term benefits available from 
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the redesigned service contracting process (e.g., the 
Figure 12 process) for the customer, contracting personnel 
and contractor can greatly outweigh the short term cost and 
Constraints morral] PESntractinar Also; technology can 
address some of these short term resource constraints. 
Video-teleconferencing for instance, combined with a Web 
page, enables even geographically distant IPT members to 
meet jointly, without mthe additional time “and cost 
involving travel. In addition, using a Web site allows IPT 
members to view the same documents and immediately update 
these contracting documents, and it allows others in the 
redesigned process (not necessarily a part of the IPT) to 
Tee view the contract documents. The combination of 
video-teleconferencing and such a Web site allows the 
benefit of an in person medium of communication combined 
with the benefit of time savings due to decreased travel. 
If there are concerns about security, the team uses a 
secure Web site with password entry. 

2: Resisting the Change 

The key to overcoming the resistance to change is 
education at every level of the organization. The 
customer, contracting personnel, and contractor all need 
education on DoD reform and how this reform now allows the 
traditional service contracting process to be streamlined 
into an alpha type process. All parties involved should 
research current changes in the FAR, acquisition reform, 
process streamlining through alpha contracting, and like 
events. DoD and service specific Web sites provide a 
readily available source of information on these reform 


topics. 
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Resistance to ehange 1s not a new concepito DOD 
acaun sitron: Major Neuberger, Director of Purchasing and 
Contracting, MCRD San Diego, believes the resistance to 
change with alpha contracting in the services area can be 
overcome. He parallels this resistance to other changes 
with his contracting personnel. He states “With SAT 
requirement changes, once personnel understand how easy the 
new requirements are and the benefits they receive using 
the SAT procedures, they liked the new SAT procedures.” 
(Ref. 38] 

3. Loss of Control 

To address loss of control, organizational leaders and 
managers that lose some control due to a breakdown of 
traditional rules in the alpha service acquisition must 


agree, at their level, to move forward with alpha contract- 


Ing. Leaders at the level of Head of Contracting or Vice 
President Tof Contracting must “buy in mto the Talpa 
contracting process. The organizational benefit of the 


alpha process needs to be explained to the leaders at this 
level. “Buy in” is obtained by presenting overall time 
savings followed by faster contract definition, which leads 
to earlier profit flow for the contractor and user satis- 
faction for the Government. 


D. DETERMINING THE SUCCESS OR FAILURE OF ALPHA CONTRACT- 
ING IN INNOVATING THE SERVICE CONTRACTING PROCESS 


The purpose of this section is to create a template 
for analysis by a contracting officer, program manager or 
acquisition professional to determine if alpha contracting 
is compatible with a specific service acquisition or 
organization. The template for analysis is in the form of 


a decision matrix. -A particular acquisition is listed asma 
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row in the matrix and various decision factors are listed 
as columns. The researcher, through literary research and 
interviews, assembles factors that exemplify the success or 
failure of alpha contracting in a service acquisition. Two 
classes of factors are discussed: acquisition environmental 
and organizational. Factors of the acquisition environment 
are elements that illustrate and characterize a specific 
service type procurement. Organizational factors are 
elements describing the whole buying or procurement 
Eonmandgitsgszrugstmuregorgits zelatisonsssipzwith industry. 
Table 3 summarizes the acquisition environmental 
factors and” factor definitions. Table 4 summarizes organ- 
izgatcwonal factors mand definitions. Tne- factors listed in 
Tables 3 and 4 appear in relative priority of each factor’s 
importance to the. success of the alpha contracting process. 
These tables provide information for further analysis in 


Chapter IV. 


Factor Definition 
1) Uniqueness Whether the requirement is the only one or the first ever one of 
its kind (i.e., Jupiter Pathfinder service technician) 


2) Priori Whether the requirement is needed now or there is sufficient 
. . q . 
time to acquire the services 


3) Number of Whether the particular acquisition is competed or has only one 
Sources source for the service requirement 


4) Consistency of Whether the requirement is undeviating over time or rapidly 
Requirement fluctuates (1.e., computer processor architect) 


5) Complexity of Whether there is a single, simple requirement or interconnected 
Requirement intricate requirements (i.e., multiple personnel, multiple 
professions, synchronization) 


Originality of Whether this is a new requirement for the organization or the 
Requirement organization has previously acquired the services 





Table 3. Service Acquisition Environmental Factors 
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Factor Definition 
1) Trust Whether management and interactive personnel trust each other 


2) Innovation Whether the organization has a willingness to “step out of the box” and 
attempt new processes 


3) Contract Volume/ | Whether the organization has a relatively low ratio (small volume of 
Dollar Ratio contracts at a large dollar value) or a relatively high ratio (large volume 
of contracts at a small dollar value) 


Alpha Experience | Whether contracting personnel and/or management has experience with 
alpha acquisition 


Contracting Whether there are many contracting personnel within an organization 
Organization Size | or just a few 


Vendor Base Whether there is a large or small vendor base within the particular 
industry to provide needed expertise and services 





Table 4. Organizational and Relationship Factors 


Beginning with Table 3, the uniqueness of a particular 
acquisition depends on whether the service requirement has 
ever been acquired before, or the service is common within 
the DoD. The more unique the requirement, the better the 
use of industrial knowledge to enable requirement under- 
standing and therefore, a more successful alpha acquisi- 
trOn 

The second acquisition environmental factor, priority, 
is how fast the user needs the services. The priority may 
be high or low. With a high or immediate priority there is 
a better chance of success when using the streamlined 
process "ot alpha cCconmmmeacrinig™ *eemoquick! VyeaGquire “the 
services. 

Number of sources, from sole-source to multiple 


sources, iSmmeehe Chird factori Sole-source is currently 
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thought to be the best environment Ber an alpha 


dasquiisition. (Reis. 3,4957 144422, 307 38/41, 43, and 487 


Factors FOU; five, and six all deal with the 
requirement itself. Consistency of the requirement is how 
often the terms or requirement needs fluctuate. Bor 


example, a requirement for the services of a computer 
programmer are less consistent due to changing types of 
computer code used, compared to the services of a dish- 
washer. The complexity of the requirement deals with the 
number of service requirements and how intricately 
connected they are. Going back to the computer programmer, 
he or she is only one simple requirement. Outsourcing the 
research and technology services to develop the atomic 
bomb, on the other hand, deals with complex, interconnected 
requirements. Originality of the requirement is simply if 
the particular service has been previously acquired by the 
contracting Organization. The less consistent, more 
complex and more original the requirement, the more 
successful the application of alpha contracting due to the 
benefit of person to person teaming with industry for 
i guirement understanding. 

Trust is the first factor in Table 4 related to the 
Gemeradcrimmg = Organizaeron “amd Tts™relationship with @adus- 
By. This factor is representative of how well the 
organizations, in particular the individuals of the poten- 
tial alpha IPT, trust each other. Trust is a key element 
to the openness needed to share information and allow the 
Process WOemove swiftly forward. 

Factom two, innewatbuen,eedesemebesmeehow duekely the 
Organizational management is to allow entry of a foreign 


process tO Giles somsgomazational Zeultuüre. The more open an 
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Organization to innovation, the more successful it is 
likely to be in alpha contracting. 

The contract volume to dollar ratio pertains to the 
Visibility “of colt#mact “acwwens Ur an Organization: If van 
organization has relatively few service contract actions at 
a “aig dollar valle a petter pehin c or alpha Contra cia 
success is realized, because the organization can focus its 
resources on the few contract actions. Therefore, a 
relatively low ratio relates to alpha contracting success 
for the organization, verses a relatively high ratio. 
Similarly with the next factor, zeontraetineLzörganizatjon 
Size, the larger the number of contracting personnel in an 
organization the more likely the organization is able to 
converge personnel solely towards the particular alpha 
acquisition. 

If there are personnel within the organization that 
have previous alpha contracting experience, the more likely 
success will be obtained when attempting an alpha 
acquasitCione Alpha contracting is different than the 
traditional service contracting process. Therefore, 
personnel previously involved with an alpha acquisition add 
experience to the IPT. Furthermore, managers within an 
organization who understand the alpha concept through 
previous experience are more likely to accept the new 
process. 

The larger the vendor base the greater the extent of 
industry knowledge on the service requirement. The more 
industrial knowledge on the requirements the better support 
possible for the alpha acquisition. 

The factors described above (Tables 3 and 4) allow 


analysis not only of success or failure when using the 
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ahon contracting process at an organization but also 
analysis for a particular acquisition at a specific organ- 
izaten. Distinguishing these differences in factors is 
important sfor analysis; An organization may normally 
benefit from using the redesign process in its typical 
service acquisitions, but it may have a specific acquisi- 
tion where the redesign process is not beneficial. The 
decision matrix is intended to assist the contracting 
officer or Program manager in situations such as this. 

Table 5 identifies eight hypothetical service acquisi- 
tions, which are taken from each of the process’ flows 
described in Chapter III. These hypothetical service 
acquisitions are presented as examples to demonstrate how a 
contracting officer or a program manager can analyze the 
potential for success of alpha contracting for their parti- 
cular acquisition. situation: These hypothetical service 
acquisitions are drawn from field interviews and represent 
a typical service procurement that one would expect to find 


at each of the eight organizations. 
Organization Hypothetical Service Acquisition 
SPAWAR Newly developed satellite systems engineering 
MCRD San Diego Base mess hall (cooks, servers, cleaners, etc) 
Camp Pendleton Base vehicle maintenance 
MCLB Albany CBIRF fast reaction biological cleanup support 
MCRD Parris Island Multi-year uniform tailoring 
FISC San Diego Multi-type ship repair 


NTC Fort Irwin Multi-year base instillation logistics 


Eglin Special Programs | Aerospace engineer developing a critically needed 
unique airfoil design 





Table 5. Hypothetical Organization Service Acquisition 
7I 


The alpha contracting sueéeess™™ or Tamm analyses 
begins with applying the factors described above to each of 
the hypothetical service acquisitions and organizations 
from Table 5. Tables 6 and 7 demonstrate the beginning of 
this analysis by creating two decision matrices. Notice 
that the “organization” column in” Table 6 lists the eight 
hypothetical acquisitions from Table 5. The columns are 
populated with the corresponding acquisition environmental 
factors: The “organization” column in Table 7 depicts the 
same eight organizations. The corresponding columns are 
populated by the organizational factors from Table 4. 
Where necessary, the researcher has made logical assump- 
tions to populate me matrices in this example (e.g., if 


the environment is sole or multiple sources). 


Organization Factor 1 | Factor 2 |Factor 3! Factor 4 |Factor 5| Factor 6 


SPAWAR Unique Changing Original 
MCRD San Diego| Common Consistent Returning 
Camp Pendleton | Common Consistent Returning 
MCLB Albany Unique Changing Original 


MCRD Parris Common Consistent Returning 
Island 
FISC San Diego| Common Consistent Returning 


NTIC Et Irwin Common Consistent Returning 


Eglin Special Unique Consistent Original 
Programs 





Table 6. Service Acquisition Environmental Success Matrix 


T2 


Organization 
SPAWAR 


MCRD San Diego 
Camp Pendleton 
MCLB Albany 
MCRD Parris 
Island 
FISC San Diego 
NIC She si rwin 
Eglin Special 


Programs 


Table 7. Organizational Success Matrix 


‚ The acquisition 


matrices (Tables 6 and 7) 
or negative evaluation to produce Tables 
qualitative factor from the tables above is quantified by 
this score. The purpose of the quantitative analysis is to 


support decision making and rules 


Trust |Innovate 


environmental 


Alpha Exp 
Yes 
No 
No 
No 
No 


No 
No 


with the alpha contracting process. 


For example, SPAWAR is listed in row 1 of Table 6. 
Hactor l an Table 6- for this 
(newly developed satellite systems engineering from Table 


5) shows this acquisition to be 


Table 3). 


environment for alpha contracting 


this SPAWAR service acquisition factor is 


Table 8. 


service acquisition shows this 


perority (Haeeor 2 from Table MM. 


acquisitions represent 


contracting (see discussion 


worse 


above), 


acquisition” to -be 


and 


AE ue, 


this 


Shop Size 


Large 
Small 
Small 
Small 
Small 


Large 
Small 


Large 


Brganrzarıonal 


for success 


(FICUS Om 


scored +1.0 in 


environment 


SPAWAR 


acquisition factor is scored a -1.0 in Table 8. 


Vendor Base 


Small 
Large 
Large 
Large 


Large 


Large 
Small 
Small 





are next scored with a positive 


8 and 9. Bach 


or fallure 


SPAWAR service acquisition 


Because unique acquisitions represent a better 


(see discussion above), 


Similarly, Factor 2 of Table 6 for this SPAWAR 
“lower” 
Because lower priority 
alpha 
service 


As a third 


example, MCRD San Diego is listed in row 2 of Table 6. 
Factor 1 in Table 6 “for “this “MCRD “San, Diego service 
acquisition (Base mess hall from Table 5) shows this 
acquisition to be “common” (Factor .1 from "Table ze 
Because common acquisitions represent a worse environment 
for alpha contracting (see discussion above), this MCRD San 


Diego service acquisition factor is scored a -1.0 in Table 


er The other scores in Table 6 are assigned in a similar 
manner. A similar procedure for scoring is used to create 
Table 9. 


Organization |Unique| Immediate | Sole- |Changing | Complex | Original | Total 
source 
SPAWAR 1.0 = 
MCRD San Diego] -1.0 =1.0 
Camp Pendleton| -1.0 = La 
MCLB Albany 
MCRD Parris 
Island 
FISC San Diego 
NTC Ft Irwin 


Eglin Special 


Programs 





Table 8. Scored Service Acquisition Environ- 
mental Success Matrix 

The longer the positive values in the Table 8 total 
columns, the better the chance of a successful alpha 
Eonerszeting zacqursıtieon,. A longer negative number equates 
to a less likely chance of success. The total positive or 
negative range obviously changes with the modified factors 
of each particular acquisition. Notice that organizational 


factors can change over time in Table 9, vice change from 
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Organization Trust|] Innovate Ratio |Alpha Exp|Shop Size|Vendor Base | Total 


SPAWAR 1.0 : .0 O 12,0 


MCRD San 1.0 1.0 0 nO .0 
Diego 

Camp i SO 0 
Pendleton 

MCLB Albany 


MCRD Parris 
Island 


EISC San 
Diego 
NEC” Bis Irwin 
Eglin 
Special 
Programs 





Table 9. Scored Organizational Success Matrix 


specific service acquisition to service acquisition demon- 
strated in Table 8. For example, any organizational schema 
may adjust over time to trust its counterpart in Government 
ale industry. 

The Tables show that based on the hypothetical 
acquisitions, MCLB Albany has the highest environmental 
success score (Table 8) and Eglin Special Programs has the 
highest organizational score (Table 9). Potentia for 
alpha contracting success in this example is particularly 
high for this acquisition and organization respectively. 
Alternatively, the Camp Pendleton and MCRD Parris Island 
hypothetical examples have the lowest score in Table 8 and 
NTC Fort Irwin has the lowest organizational scores in 
Table 9. Alpha contracting offers the least potential for 
success in those environments and organizations. Drawing 
from Nissen [Ref. 40] we can offer another observation. If 


a total score is positive (e.g., greater than zero), one 
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Shguid “probably  consuder™ alpha ™eentrackimme- Negative 
scores imply further evaluation. 

There are no empirical data to support the conclusions 
of the decision models. The decision models are however 
based on intense research and analysis of field interviews. 
The conclusions drawn from the eight hypothetical service 
acquisitions do support the theoretical analysis presented 
thus far in the thesis. Future analysis is needed in order 
to verify the models through application of actual service 


acquisitions to the decision model factors. 


E. SUMMARY 

There are both positive and negative aspects when 
ra yzinge the application of “alpha Contracting = tC meme 
service contracting process. Positive implications are 
entrenched around a teaming atmosphere of shared informa- 
tion and reguirements understanding. Potential inhibitors 
focus on the short term resource constraints and in some 
cases the general fear or resistance to change. There are 
methods, however, of overcoming these potential inhibitors 
when the long term benefits of the redesign process 
outweigh the short term resource constraints. 

Bach organization and separate service acquisition 
maintains its own service contracting scenario to analyze 
the success or failure of the alpha contracting process. 
Contracting officers and program managers can self evaluate 
or audit their own service acquisition scenario and organ- 
ization using the decision model developed and discussed 
above. Their self evaluation can be used as a baseline 
method for analysis of their success or failure with the 


alpha contracting process. 
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Chapter V discusses conclusions, recommendations based 


on those conclusions, and future areas of research. 


Jal 





NE CONCLUSIONS AND FUTURE RESEARCH 


A. CONCLUSIONS 

As discussed in Chapter I, the purpose of this thesis 
is to provide analysis of alpha contracting as an enabler 
to innovate the DoD service contracting process. Exp Form rig 
this purpose, literary research and many personnel inter- 
views with contracting professionals reveals unique aspects 
of service contracting. In particular, requirement deter- 
mination and understanding are found to be unique. Eight 
separate service contracting process flows document an 
understanding of the processes currently in use for DoD 
service contracting. Comparative process analysis of these 
eight process flows allows development of a redesigned 
igure 12) Zyureeess inclusive of alphaseontractina. cons 
cepts, as a prototype model. Further analysis in Chapter 
IV provides both positive and negative aspects in the 
application of alpha contracting concepts to the service 
contracting process, as well as possible methods of over- 
coming the negative barriers discussed. The pinnacle of 
the Chapter IV analysis provides a decision model to assist 
acquisition professionals in determining the likelihood of 
alpha contractimg success or failure. This decision model 
is sensitive to applying alpha contracting concepts to 
specific acquisition environments and organizations. 

The aggregate evaluation summarized above when apply- 
ing the alpha contracting concepts to the. service contract- 
ing process is overwhelmingly positive. The culmination of 
literary research and numerous interviews supports that 
alpha contracting does innovate the service contracting 


process. Innovation implies radical improvement. Tn 


a 


Chapter Il, Damgenport, describes? Abiavative process as 
one with “visible and dramatic results” that takes into 
account the “overall business objective” and then effects a 
creative and radical change [Ref. 12]. The overall objec- 
tive of the service contracting process is to satisfy user 
requirements within a reasonable time at the best value to 
the Government. A redesigned, streamlined process, inclu- 
sive of alpha concepts provides a wehicle for met venly 
accomplishing the overall objectives but with dramatic 
results of decreased cycle time and increased user satis- 
faction Alpha service contracting takes an entirely 
different approach from traditional contracting methods. 
Applying alpha concepts to the service contracting process 


visibly changes the process by jointly accomplishing key 


contracting steps. Alpha service contracting has a focus 
on open communication, a free flowing information 
atmosphere, trust, empowering TEH members to make 


decisions, and mutual understanding of the service require- 
ments. Alpha service contracting therefore is truly 
innovative. 

We can conclude that the use of a traditional method 
of contracting for services is prevalent throughout the 
DoD. In all organization process flows described min 
Chapter III, save one, service contracting is preformed 
through traditional, over the fence, documentation trans- 
ferring processes. When the traditional contracting 
process is combined with service acquisition uniqueness, 
most» importantly requirements understanding, it wleads to 
greater risk of user dissatisfaction, dasiieecultiesme in 
contract administration and Government-contractor relation- 


ship cometet: The streamlined joint Government and 
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contractor MPT concept found in alpha service contracting 
removes over the fence documentation transfer, encourages 
partnering, and has the potential to greatly decrease cycle 
time. Alpha contracting provides an excellent vehicle to 
gap the unique aspects of contracting for services and 
maximize the opportunity to satisfy user needs on time. 

The Figure 12 process demonstrates how alpha contract- 
ing concepts are actually implemented to innovate the 
Sservymec centracting process. It is Important to note- that 
the research indicates that there is no reason that these 
concepts can not be generalized to or should not be 
implemented into any service contracting pmecosse 
nen is accomplished by performing individual 
contracting steps jointly between Government and contractor 
empowered personnel vice performing steps separately via 
written documentation. 

We can learn from this research that even the most 
efficient , process provides opportunities Eon radical 
improvement under certain situations and conditions. Like 
any other process, the alpha service contracting process is 
not necessarily ideal for every service acquisition. The 
service acquis tion environmental and organizational 
factors discussed in Chapter IV provide the basis for 
acquisition professionals to analyze each particular 
situation to determine the likelihood of success with a 
redesigned process inclusive of alpha concepts. 715 
therefore further concluded that the contracting officer, 
program manager, and acquisition professional must self 
evaluate their own service acquisition and organization to 


determine if the innovative approach to alpha contracting 
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1s successful fer a Specific aeqursiltileon ws! eldarl ona oie, = 
ing an understanding from self evaluation into the service 
acquisition environment and organization matrices, found in 
Chapter IV, enables a decision maker to asses the likeli- 
heod of success om failwre of the alpha concept for eaeh 


particular situation. 


B. RECOMMENDATIONS 
Based on the conclusions of this research, the follow- 


ing recommendations are made. 


I DoD should provide guidance encouraging the use 
of alpha contracting for service acquisitions under the 
appropriate acquisition scenarios. Guidance in the form cE 


a top level memorandum should be drafted from the Defense 
Acquisition Executive to the Service Acquisition Execu- 
tives. The focus of the memorandum should be a discussion 
of the benefits and possible inhibitors of applying alpha 
contracting in the service contracting area. This Toccu: 
will not only assert awareness of the innovative practice 
Or alpna "GOnctracting Concepes fOr Service ContracuIng ove 
will also provide an appreciation of concepts available to 
acquisition professionals above and beyond traditional 


contracting techniques. 


on The decision on implementation of alpha contract- 
ing concepts to an organization’s service contracting 
process should be made at the organizational level. The 


contracting officer or program manager at the organiza- 
Eronal levyell is in the best position FO saqclLenrmincs appt Gam 
bility of ‘alpha Contracting ItO Luef service MCONCrIC ENE 
circumstance. Personnel at the organizational level have 


the best opportunity Lor -Organizational Se Ieva uamo 
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their acquisition environment and organizational stand- 


points 


>. Acquisition professionals should use the acquisi- 
tion environmental and organizational factors with the 
accompanying decision matrices, found in Chapter IV, to 
determine applicability of alpha contracting to each parti- 


cular service situation. hog f actonsssande accompanying 
decision model in Chapter IV provide a starting point for 
analysds of mot. only a particular service. acquisition but 
also of a determination for the acquisition professional of 
readiness in the organization for process change. An 
analysis of the organization acceptance to alpha contract- 
ing concepts should be accomplished prior to analysis of a 
particular service acquisition. Beginning the focus on the 
organization itself will increase the overall success when 
úutadazinomalphemesontracting jconceptsalbtoaanspecitdiensenmiese 
acquisition. 

4. Alpha service contracting should be implemented 
in situations where “8A” or small disadvantaged business 
programs become a sole-source situation. Often with an 8A 


small business type set aside, the acquisition situation 
becomes a single source with very little contractor under- 
standing of the Government contracting process. while 
alpha contracting in the past has been considered for only 
large dollar value, highly visible acquisitions, use of 
alpha contracting can improve understanding from the small 
business contractor who may have never before dealt with 
the Government contacting process. In this situation alpha 
comeracting allows the contracting officer the ability to 
guide the contractor through thismofteim difficult to_under- 


stand, Government contracting process. Though a small 
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business usually implies fewer resources, a small business 
probably also have fewer concurrent contract actions. The 
benefits of contrag@mor guidamee in an alpha contracting 
environment may outweigh the dilemma of small business 


resource allocation. 


Dr Alpha service contracting should be used as a 
vehicle to encourage contractors not currently interested 


in contracting with the Government to become involved in 
Government contracting. Ūse of alpha. contracting in this 


situation can increase the competitive industry base by 
adding o tential contractors Mot uso de Sii mE 
traditional, over the fence Government acquisition process. 
The cooperative, partnering atmosphere combined with a face 
to face communication medium may draw new industrial 
competitors. The streamlined alpha contracting process can 
attract highly innovative and useful contractors beneficial 
to the Government, which are not currently keen on the 


Government’s service business. 


en AREAS FOR FURTHER RESEARCH 

During this study, the researcher found several areas 
that warrant further research. These areas of further 
research are presented first as a research question 
followed by a short discussion. Bach area is discussed in 
aan). 

1% How can the alpha contracting concept be 
implemented successfully in a competitive environment? 
Chapter IV discusses the possible difficulties the alpha 
coneracting process" may face, in Behe LlightMof Competicion" 
The difficulties are primarily resource constraints on the 
Government side and fear of sharing information without 


contract commitment on the contractor side. Research is 
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needed to redesign the alpha contracting process to include 
a competitive atmosphere. Contracting personnel at Eglin 
Air Force Base, Special Programs are currently embarking on 
Similar research with a process they call Review, Discuss, 
Understand (RDU). 

2. Are the benefits of increased competition greater 
than the resource costs of utilizing alpha contracting as a 
tool to attract contractors not currently interested in 
Government contracting? As stated above, the streamlined 
concepts of the alpha contracting process can be attractive 
to contractors not desiring the rigid Government policies 
in the traditional contracting sense. A cost benefit study 
is needed to determine if the benefits are worthy of 
implementing DoD policy towards the use of alpha contract- 
ing for such a situation. 

Se Can the commercial service support industrial 
base sustain complete and total contract outsourcing due to 
privatization of non inherent Governmental functions? i 
DoD increases privatization of support services (e.g., base 
logistics, vehicle maintenance, etc.) there is greater 
demand on the commercial service support industrial base. 
A study should be conducted on how well this service base 
can maintain support and what, if any, is the saturation 
point for the service support industrial base. 

4. What are the costs and benefits attributable to 
a long term service support partnership agreement between 
Government and a commercial contractor? An argument can be 
made that there is a cost savings available due to 
economies of scale and the long term financial security 
involved in a long term Government-contractor partnership 


commitment. The flip side of the argument is socioeconomic 
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and political issweswfinemmthe Government partmerinoiémieo 
one @contracworewfior aw long «period om time. A study is 
necessary to assess the costs and benefits of such a 
Barmtnership sts effect=on "the economy "and™its entectuion 
the commercial industrial base. 

a” What are the implications of contracting 
officers’ use of the World Wide Web (Web) as a sole vehicle 
for market research? As discussed in Chapter III, techn- 
ology such as the Web provides a possible enabler to the 
DoD contracting process. The Web is being used as a tool 
for market research and may even be used as the sole means 
of acquiring the necessary number of contractor price 
quotes to satisfy competition requirements for acquisitions 
under the SAP. A study is needed to asses how effective 
this use of the Web is and if use of the Web as a sole 


means of market research may inhibit competition. 
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